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BILL NO. S-87-07-2 0O 


SPECIAL ORDINANCE NO. S- / IS £7 


AN ORDINANCE approving Change Order 
No. 1 for Res. 6039-86, Hoagland- 
Masterson, NSA-86, with M. A. Gaines 
Construction Company, in connection 
with the Board of Public Works 

and Safety of the City of Fort 
Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 for Res. 6039-86, 
Hoagland-Masterson, NSA-86, with M. A. Gaines Construction Company, 


in connection with the Board of Public Works and Safety, for: 


this Change Order is necessary 
because not all quantities were 
necessary for construction of project, 
therefore reflecting a 9% savings 

to the City; 


involving a net decrease of Five Thousand Seven Hundred Thirty-Two | 
| 
and 10/100 Dollars ($5,732.10), all as more particularly set | 


forth in the specifications, and which is on file with the Office 


of the Board of Public Works and Safety and is by reference incor- | 
porated herein, made a part hereof, and is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from ind Ather its passage and any and all necessary | 
approval by the Mayor. 
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22. > 
О - 11.75: 072 1277 T | 


APPROVED AS TO FORM 


Boxberger, City Attorney 
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SANDRA E. es CITY CLERK 
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Change Order No. 
Resolution No. 
Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 





Necessity for change: Not all quantities were necessary for construction of 





project. Therefore reflecting a 9% savings to City. 


























Will proposed change alter size of the project? Yes No X 


If yes, explain: 





Affect on operation and maintenance cost of this project: None 
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Engineer 
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CHANGE ORDER 74115) 
Change Order No. 1 Resolution No. (0039-96 
Project No. Board Order No. 
Name of Project Hoagland - Masterson IISA_'86 Date 6723767 
EN ZEN RN СІ nn ——— >  ————— 
SUE wot C eg cae 4 uo 
To: M.A. Caines 
(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item Description of Change Change in Contract Price 
Nowe) Quantity | a SON Material os w^ рез Unit Price |" Decrease. | Increase 


See attached sheet. | 













Total ee 9,017.40 






25202130 


The sum of $ 5,732.10 is hereby (252225221 (deducted from) the total contract 


price, and the final contract price shall be adjusted as follows: 


Total Increase 


Net (Decrease) (29525985) Contract Price |5 ,732.10 


Original Contract Price $ 61,593.00 
Current Contract Price Adjusted by Previous Change Order $ 61,593.00 
New Contract Price Including this Change Order $ 55,860.90 





The time provided for completion in the contract for this project is (unchanged) XXKEXENXENXJ 
ÍGHEXBEEBH) by — NO calendar days due to this Change Order. The date for completion 
of all work shall be EU . Furthermore, this document shall become an' 

апа; а11 provisions of the contract shall apply hereto. 


Date (2 зә ст. 


Date 


Date MO Йыш 


Date DAR ? ] 
Attested by: ЧУ Do ; ) bc ti Date }~/ Р / 





Change Order 


This form is to be completed for any project requiring Board 
of Works justification at City Council. This complete form 
is to be in the Board's office no later than 2:00 p.m. on the 
Tuesday of introduction. 


Resolution/Ord. No. 6039-86 Description 


т 


Hoagland - Masterson NSA '86 








Original Contract $_ 61,593.00 Prev. Chgs. $ 
Request is increase of $ % Change + 
decrease of $_ 5,732.10 % Change - JA 


Reason for change (be specific and quantify): Not all 


quantities were necessary to construct project. 


————————————— 
—————————— ———— 
ААА 
Is this the final change order expected for this project? 

Yes. ' ` | i . 
eee 
Why wasn't this projected in the original estimate: 


Project was estimated in winter months and while ground visibility 


was limited. 











1 


What will we be doing to prevent similar oversights in the 
future: 


Allow more time to prepare estimate. 








Prepared by ж 25 Date 6/24/87 


(Attach comment sheet if necessary) 
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AAN 
Admn. Anpr. 


TITLE OF ORDINANCE Change Order £1 for Res. 6039-86, Hoagland-Masterson NSA- 
ee ng 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 
Change Order #1 for Res. 6039-86, Hoagland-Masterson 








SYNOPSIS OF ORDINANCE 


NSA-86, is necessary because not all quantities were necessary for 








construction of project. therefore reflecting a 9$ savings to City. 





M. A. Gaines is the Contractor. 
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pu ы а UM C ант e c nl acc een 
EFFECT OF PASSAGE To facilitate completion of project. : 

ee A S ae 
Mio Ole ee NEUEN CIMA SUC DET КЕП ынты санатар ар ааа тылы аы 
ER A a a таа алшы T EPOR UM P E E E E M але нана ала аны. TREIBER STERNEN т vt: сараланады 
EFFECT DF MDN-PASSAGE ы аа етте аа eee ee 
М е аа Ты СТАНА cul SEIS 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease of $5,732.10 





OO Orr COCO 


ASSIGNED TO COMMITTEE 


—————————————————————————————————————————————————————————————————————————————— 





BILL NO. 5-87-07-20 


CITY.UTILITIES 


REPORT OF THE COMMITTEE ON E 
A A E SAO EA 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
қз. аы o ла 


REFERRED АМ (ORDINANCE) (RESGKUE XON). approving Change Order 
No. 1 for Res. 6039-86, Hoagland-Masterson, NSA-86, with M.A. 


Gaines Construction Company, in connection with the Board of 


Public Works and Safety of the City of Fort Wayne, Indiana 


az ro en o A 
A A VA RE 
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DSS a E AR T NI. е ш ыы шшк 
UE RASEN SE ee a O E MUS амата a GUNT 
TL Rog, ТТТ ТЕТІ TE LE cc ы ИНЧО О 


HAVE HAD SAID (ORDINANCE) ( RESOUUTTON) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RESOBUKKAN) 


YES NO 





CHARLES B. REDD 
CHAIRMAN Ete ME O INN RAE Te 


/ PAUL M. BURNS 
VICE CHAIRMAN 
THOMAS C. HENRY 


BEN A. EISBART 


o SAMUEL J. TALARICO 


CONCURRED IN aee T un ui SANDRA E. KENNEDY 
| CITY CLERK 





